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PROJECT UPDATE 


A940 


The 1992 construction season is finished and three 
bridges across the Expressway are completed: Upper 
Ottawa Street, Upper Sherman Avenue, and Upper 
Paradise Road. Each overpass took an average of 
five months to complete. Completion of the projects 
by the start of the school year ensured that school 
buses were not inconvenienced in those areas where 
a detour could not be provided. 
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Upper Ottawa Street Overpass 


Over the winter months we will continue to design 
and plan projects in anticipation for the 1993 season. 


This Progress Report outlines the projects scheduled 
for 1993 and the following years. Please take the 
time to find out if there will be construction in your 
neighbourhood next year. Information centres are 
held twice yearly to inform the public about these 
projects and to answer questions. 


k Expressway Project 


REPORT 
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UPCOMING PUBLIC 
INFORMATION CENTRES 


Information Centres will be held : 


Monday, November 23, 1992 
6:30 p.m. - 8:30 p.m. 

St. Michael's Separate School 
135 Hester Street, Hamilton 


Wednesday, November 25, 1992 
6:30 p.m. - 8:30 p.m. 

St. Jerome's Separate School 

188 Limeridge Road West, Hamilton 


Thursday, November 26, 1992 
6:30 p.m. - 8:30 p.m. 

St. Cecilia's Separate School 

50 Lawson Street, Hamilton 


Please refer to the back page for location of 
information centres. 


Displays will show: 


Construction schedule and detailed road plans 
for 1993 projects. 

- Construction schedule for all of Mountain section 
(1994 - 1996). 

- Road closures. 

- Pedestrian crossings (computer generated models 
of options for the Guildwood Drive and Magnolia 
Drive crossing). 

- Detailed information on the height of noise 
barriers. 

- Information on bus rescheduling during 

construction. 


Staff will be available to answer questions. 
Comment sheets will be provided and the public are 
encouraged to fill them out. 


CONSTRUCTION SCHEDULE 1993 


Upper Wellington Street Watermain Relocation 


- Construction will begin in February, 1993 and 
should be completed by late April. 

- Although the road will not be closed, the number 
of lanes will be reduced during construction. 


Upper Wellington Street Overpass 


Following the watermain relocation in April, 
Upper Wellington Street will be closed to traffic 
and pedestrians for construction of the overpass 
(bridge). Construction is scheduled to be 
completed in five months. (early September) 

The closure of the road will result in rescheduling 
of the HSR bus routes and school buses. 


Upper Wentworth Street Overpass 


- A traffic and pedestrian detour will be provided 
around the site. 

- Construction of the overpass is expected to begin 
in early April. 

- This project includes a watermain relocation. 


| Upper Gage Avenue Overpass 


This project will begin in April with the 
construction of a traffic and pedestrian detour. 
The overpass construction will begin in May. 
Upper Gage Avenue from Thorley Drive to 
Limeridge Road will be reconstructed 
simultaneously. 


Garth Street Overpass 


Construction of a traffic and pedestrian detour will 
occur in April. 

- Construction of the overpass will begin in May. 

- A watermain will also be relocated. 


CONSTRUCTION SCHEDULE 
1994 - 1997 


1994 

* Upper James Street Overpass. 

* Upper Wentworth Street Interchange and 
associated Expressway section (Upper Wellington 
Street to Upper Gage Avenue). 

* Upper Gage Avenue Interchange and associated 
Expressway section. 


1995 

* Upper James Street Interchange, West 5th Street 
Overpass and associated Expressway section 
(Upper Wellington Street to West Sth Street). 
Dartnall Road Interchange and associated 
Expressway section. 
Garth Street Interchange and associated 
Expressway section (Garth Street to Mohawk / 
Golf Links Road Interchange). 
Note; This work includes the closure of Upper 
Horning Road. Regional Council, on October 6, 
1992, confirmed that Upper Horning Road will be 
closed. (The closure was included in the Joint 
Board approval for the Red Hill Creek 
Expressway). 


1996 
* Expressway paving (West Sth Street to Upper 
Gage Avenue). 


1997 
* Closure of Limeridge Road. 


STUDY OF ALTERNATIVE ROUTES FOR 
THE NORTH-SOUTH SECTION OF THE 
EXPRESSWAY 


Regional Council has asked staff to determine the 
financial implications of the Region proceeding with 
the construction of the approved north - south route 
without Provincial funding. 
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Upper Sherman Avenue Overpass 


NOISE BARRIERS 


The Region is proceeding with a detailed analysis 
for the noise barriers proposed along the 

| Expressway. Many of the properties backing unto 
the Expressway have a 15 meter (50 foot) easement 
registered on title. The purpose of the easement is to 
allow the construction of an earth mound (berm) 
and/or a wall/fence to reduce noise from the 
Expressway to acceptable levels. 


In some cases, only a solid wall may be appropriate 
while in other cases, both a berm and a wall may be 
necessary. 


No structures are allowed to be placed on these 
easements by the residents. Residents will be 
notified six months in advance of construction of the 
noise barrier. If there are any structures on the 
easement, the home owner is responsible for 
ensuring that they are removed prior to construction. 


Where possible, trees will be relocated at the request 
of the homeowner. 


We recommend that you do not landscape or build 
any Structures within the easement registered on 
your property. 


GRASS CUTTING ON THE EXPRESSWAY 


Grass cutting on the vacant Expressway land is 
scheduled for twice a year. This past summer has 
been extremely wet and this delayed the cutting 
schedule. However, the schedule can be delayed for 
a number for other reasons, beyond the control of 
the Region: 

- Excessive dumping of grass cuttings, tree pruning 
material, and garden composting from adjacent 
properties 

- Illegal dumping of construction waste and 
household garbage 


Illegal dumping of any kind not only delays grass 
cutting but results in additional costs to the Region 
for clean-up and disposal. If illegal dumping 
includes hazardous wastes and evidence can be 
found to determine the origin of the waste, the 
polluters can be charged under the Environmental 
Protection Act. 


Please contact the Regional Solid Waste Hotline at 
546-4417 or 546-2157, if you are unsure of how to 
dispose of household wastes. 


Please report illegal dumping on the Expressway 
land to the Regional Facilities Management Office 
at 546 -2659. For information on regular and bulk 
garbage collection, please call the City of Hamilton 
at 546-2785. 


BP at 
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Upper Paradise Road Overpass 
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Red Hill Creek Expressway 
Progress Report 
is a publication of the 
Regional Municipality of Hamilton - Wentworth 
Project Office 
This office is responsible for the 
administration and management of the 
Red Hill Creek Expressway Project. 

Should you have any comments, suggestions, or 

questions, please contact the 


Roads Department 
Special Projects Office 
25 Main Street West, 10th Floor 
Hamilton, Ontario 
L8P 1H1 
(416) 546-4277 
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ee ot this report 1s to provide an update 
on the progress of the Red Hill Creek Expressway 
project. The public is encouraged to attend the 
public information centres to obtain additional 
information. 


UPCOMING PUBLIC 
INFORMATION CENTRES 


You are invited to attend the following information 
centres: 


Monday, June 8, 1992 
6:30 p.m. - 9:00 p.m. 
Cardinal Heights School 

@ 70 Bobolink Road, Hamilton 


Wednesday, June 10, 1992 
6:30 p.m. - 9:00 p.m. 

Lincoln M.A. Alexander School 
50 Ravenbury Drive, Hamilton 


Thursday, June 11, 1992 
6:30 p.m. - 9:00 p.m. 

Gordon Price School 

11 Guildwood Drive, Hamilton 


Please refer to back page for location of 
information centres. 


Information regarding the progress of current 
contracts and upcoming work will be available. 
Project Office staff will be on hand to answer 
questions and address your concerns. 
Comment sheets will be available. Comments 
received in this way are kept on file and give us an 
® indication of the issues that the public wish to see 
addressed. Many of the issues discussed in this 
brochure have been raised at previous information 
centres. 


The Red Hill Creek Expressway Project 
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PROJECTS COMPLETED 


The following projects have been completed: 


Mountain Section 


* Highway 403 to Mohawk/Golf Links Road 
Interchange, Phase 1 (November, 1991) 


Wildflowers and native grasses were planted in the 
interchange here to minimize maintenance 
requirements (mowing and fertilizing) and to 
provide a pleasant looking environment for drivers 
on the Expressway and pedestrians on Mohawk 
Road. However, do not expect that all of the 
flowers will be blooming this spring. It sometimes 
takes one to three years before the seeds produce 
flowering plants. 


Valley Section 


* Queenston Road reconstruction (November, 1991) 
* King Street reconstruction (November, 1991) 


Preparing the formwork for the deck of the new 
Upper Ottawa Street Overpass 


PROJECTS UNDER 
CONSTRUCTION 


Upper Ottawa Street Overpass - work started 
here in August of 1991 and will be completed by 
July 1992. A temporary detour around the 
construction site has been provided and therefore 
traffic has not been interrupted. This was possible 
because surplus land was available. 


Upper Paradise Road Overpass - construction 
began in April and will likely be completed by 
September. It was not possible to construct a detour 
around the construction site due to property 
restrictions and therefore the road has been closed 
to through traffic. Local traffic is permitted to use 
Upper Paradise Road to access driveways and 
entrances, however, no traffic is permitted to cross 
the Expressway lands. 


Pedestrians will be able to walk around the 
construction site as work progresses, probably in 
mid-July. Signs will be erected to indicate the area 
to be used. 


The HSR has rerouted buses from Upper Paradise 
Road to Upper Horning Road and Mohawk Road. 


Upper Sherman Avenue Overpass - construction 
started in April and will likely be completed in 
September. A detour around the construction site 
was not possible here. Local traffic is permitted to 
access driveways and entrances between Limeridge 
Road and Stonechurch Road. The HSR has 
rerouted buses to Upper Gage Avenue, however, on 
the south side the buses are able to drive as far as 
Atherly Drive and turn around in a vacant lot in 
order to pick up passengers on Upper Sherman 
Avenue. 


Signs have been posted at the construction sites 
with the name of the contractor and the telephone 
numbers for the contractor and the Region. If any 
problems are experienced during construction 
please let us know. 


SCHEDULE FOR NEW PROJECTS 


There have been some changes in the schedule since 
the last Progress Report. The following is the 
revised construction schedule for the remainder of 
the Expressway projects: 


1993 

* Upper Wellington Street watermain relocation 
* Upper Wellington Street Overpass 

* Upper Wentworth Street Overpass 

* Upper Gage Avenue Overpass 

* Garth Street Overpass 


1994 

* Upper James Street Overpass 

* Upper Wentworth Street Interchange and 
associated Expressway section (Upper Wellington 
Street to Upper Gage Avenue) 

* Upper Gage Avenue Interchange and associated 
Expressway section 


* Upper James Street Interchange, West 5th Street 
Overpass and associated Expressway section 
(Upper Wellington Street to West Sth Street) 

* Dartnall Road Interchange and associated 
Expressway section 

* Garth Street Interchange and associated 
Expressway section (Garth Street to Mohawk/ 
Golf Links Interchange) 


* Expressway paving (West 5th Street to Upper 
Gage Avenue) 


KING STREET UNDERPASS 


Safety is an issue at the site of the pedestrian 
underpass on King Street that connects a parking lot 
to the Red Hill Bowl baseball field. A group has 
been organized to look at ways to improve safety 
here. 


This group includes members of the nearby 
community, baseball players, Police Department, 
Public Works Parks Section, Urban Design Office, 
Traffic Department, Culture & Recreation 
Department and Special Projects Office. A safety 
consultant is also involved in the project. This 
group will recommend safety improvements to 
Regional Council. In addition, a public information 
centre will be held in that area to present the 
recommendations to the general public for their 
comments. 


PEDESTRIAN CROSSINGS 


Pedestrian crossings are scheduled to be constructed 
as part of the Expressway construction in 1994 at 
the following locations: 


* connecting Fiona Crescent and Limeridge 
Road 


This structure will be an overpass. The freeway will 
be lower than the surrounding area and therefore 
the structure will only be slightly higher than the 
existing ground. 


* connecting Magnolia Drive and Guildwood 
Drive 


The structure could be either an overpass or an 
underpass at this location because the freeway will 
be higher than the existing crossing. A public 
information centre was held in February to show 
the two possible designs. The public’s main 
concern with both structures is safety. 


UPPER HORNING ROAD CLOSURE (1994) 


The Joint Board approval for the Red Hill Creek 
Expressway included the closure of Upper Horning 
Road at the Expressway lands. This has been shown 
on displays at previous public information centres 
for the Expressway. Recently, residents in the west 
end of the Mountain expressed concern over the 
closure of Upper Horning Road. A public meeting 
was held on March 25 to explain the background to 
the closure. At that meeting it became clear that 


there is also a large number of residents who have 
bought homes in the area based on the road closure 
and who want the road closed as planned. Before 
Upper Horning Road is closed, an alternative access 
from the west end of the Gurnett neighourhood will 
be constructed. This will likely involve a partial 
extension of Glancaster Road (between Highway 53 
and Golf Links Road), Stonechurch Road and 
Susan Drive. That project will be carried out under 
a Class Environmental Assessment process. The 
public will be notified and involved in the project. 
Public Information centres will be held in late June 
of 1992. 


CLOSURE OF LIMERIDGE ROAD (1997) 


The Expressway and associated interchanges will 
require the closure of Limeridge Road to through 
traffic at Upper James Street, Upper Wentworth 
Street and Upper Gage Avenue. Limeridge Road 
will revert to a local street as approved by the Joint 
Board. 


NOISE BARRIERS 


The design work for the noise barriers that will be 
placed along the Expressway will be done in 1992. 
Where possible, berms will be constructed using 
surplus fill from the Expressway construction. To 
ensure the noise from the Expressway does not 
exceed recommended levels, noise walls may be 
placed on top of the berms, where necessary. The 
exact height of the berms and/or walls has not been 
determined yet. 


NORTH - SOUTH CORRIDOR 
ALTERNATIVE STUDY 


The purpose of this study is to identify roadway 
alternatives to the approved Red Hill Creek 
Expressway linking the east-west component of the 
Expressway and the Queen Elizabeth Way. The 
alternatives will be evaluated in terms of 
transportation service, cost, natural and 
socio-economic impacts. The study should be 
completed by early Fall 1992. 
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Red Hill Creek Expressway 
Progress Report 
is a publication of the 
Regional Municipality of Hamilton-Wentworth 
Project Office. 
This office is responsible for the 
administration and management of the 
Red Hill Creek Expressway Project. 

Should you have any comments, suggestions, or 

questions, please contact the 


Special Projects Office 
25 Main Street West, 10th Floor 
Hamilton, Ontario 
L8P 1H1 
(416) 546-4277 
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Information Centres will be held : 


Monday, March 29, 1993 
6:30 p.m. - 8:30 p.m. 
Pauline Johnson School 
25 Hummingbird Lane 
Hamilton 


Wednesday, March 31, 1993 
6:30 p.m. - 8:30 p.m. 

St. Catherine of Sienna School 
20 Gemini Drive 

Hamilton 


Thursday, April 1, 1993 
6:30 p.m. - 8:30 p.m. 
Lincoln Alexander School 
50 Ravenbury Drive 
Hamilton 


Displays will show : 


- Construction schedule and detailed road plans 
for 1993 projects. 

- Construction schedule for the entire Mountain 
section (1994 - 1996). 

- Road closures associated with 1993 projects 

- Detailed designs for pedestrian crossings 

- Detailed information on the height of noise 
barriers and berms. 

- Information on bus rescheduling during 
construction. 


Staff will be available to answer questions. 
Comment sheets will be provided and the public 
is encouraged to fill them out. 


PROJECT UPDATE 


The 1993 construction season started in January 
with the relocation of watermains on Upper 

Wellington Street and Garth Street at the location 
of the proposed overpasses. Summer construction 
is expected to start during the last week of April. 


This Progress Report provides details on projects 
scheduled for 1993 and outlines the projects for 
the following years. Please take the time to find 
out if there will be construction in your 
neighbourhood this year. 


Information Centres are held twice yearly to 
inform the public about on-going projects and to 
answer questions. 


MUD STREET WIDENING 


Council approved the inclusion of the Mud Street 
reconstruction from Paramount Drive to Highway 
#20 in the Red Hill Creek Expressway budget. 
This project involves the reconstruction of the 
existing road to a four-lane divided roadway with 
access at intersections only. The Mud Street 
reconstruction has received approval under the 
Class Environmental Assessment for Municipal 
Roads projects. 


PROGRESS TO DATE 


Construction of the following projects has been 
completed to date: 


e Mohawk/Golf Links Road Interchange - 
Stage 1 

e Upper Paradise Road Grade Separation 

Upper Sherman Avenue Grade Separation 

Upper Ottawa Street Grade Separation 


Eb, buude 


CONSTRUCTION SCHEDULE 1993 


JAN. FEB. MAR. APR. MAY JUNE JULY AUG. SEPT. OCT. NOV. DEC. 


Upper Wellington Street Overpass 


@ The relocation of the watermain began in March, 1993 and 
should be completed by late April. 

e Following the watermain relocation, Upper Wellington Street 
will be closed to vehicular and pedestrian traffic from April to 
early September, for the construction of the overpass (bridge). 

@ The closure of the road will result in rescheduling of the HSR 
bus routes and school buses. 


Upper Wentworth Street Overpass 


e This project is expected to begin in early April. 

e A traffic and pedestrian detour will be provided around the site 
on the west side. 

@ Once the detour road is in place, Limeridge Road will be 
temporarily closed west of Upper Wentworth Street and 
traffic will be rerouted to Kingfisher Drive. 

@ This project includes a watermain relocation. 


Upper Gage Avenue Overpass 


e This project is expected to begin in early April with the 
construction of a traffic and pedestrian detour on the east side. 

@ This project also includes the reconstruction of Upper Gage 
Avenue from Thorley Drive to Limeridge Road. 


Garth Street Overpass 


e This project is expected to begin in April. 

e A traffic and pedestrian detour will be provided around the site 
on the east side. 

@ The watermain relocation has already been completed. 


: Utility relocations are now underway at Upper Wentworth Street, 
Upper Gage Avenue and Garth Street. These works are scheduled 
for completion by the end of April. 
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CONSTRUCTION SCHEDULE 
1994 - 1997 


LANDSCAPE MANAGEMENT PLAN 


The construction of the overpasses this year will 
require some tree removal. Although these areas will 
be stabilized with grass to reduce erosion, the trees 
will not be replaced until the interchanges are 
constructed the following year(s). The Region has a 
landscape management plan to ensure that the 
interchanges and areas adjacent to the new road are 
landscaped. Existing trees and vegetation will be 
retained wherever possible. 


1994 

* Upper James Street Overpass. 

* Upper Wentworth Street Interchange and 
associated Expressway section (Upper 
Wellington Street to Upper Gage Avenue). 

* Upper Gage Avenue Interchange and associated 
Expressway section. 

* Pedestrian crossings 

* Glancaster Road 


1995 
* Upper James Street Interchange, West Sth Street 
Overpass and associated Expressway section 
(Upper Wellington Street to West 5th Street). 

* Dartnall Road Interchange and associated 
Expressway section. 

* Garth Street Interchange and associated 
Expressway section (Garth Street to Mohawk / 
Golf Links Road Interchange). 

Note; This work includes the closure of 
Upper Horning Road. 


NOISE BARRIERS 


Residents adjacent to the Expressway land will be 

invited to a series of public information centres later 

this year. The purpose of these information centres 

will be to: 

1) show how the Region will design the noise 
barriers, and, 

2) show options on the types of barriers that can 

be installed, colours and textures etc. 


Subsequent meetings will be held in early fall to: 

1) address individual property concerns, 

2) describe the construction staging for the 
barriers and, . 

respond to specific concerns. 


1996 
* Expressway paving (West 5th Street to Upper 
Gage Avenue). 


3) 


1997 
* Closure of Limeridge Road at interchanges 


PEDESTRIAN WALKWAYS 
Magnolia Drive to Guildwood Drive 


The pedestrian underpass between Magnolia 
Drive and Guildwood Drive has been approved 
by Regional Council. 


High school students, adjacent homeowners, 
parents, Neighbourhood Watch Groups and 
people using the recreation centre were invited 
to a workshop at Sir Allan McNab Secondary 
School on February 24, 1993. 


The purpose of the workshop was to obtain 
community advice to assist in designing the 
walkway. In general, it was agreed that the 
new walkway should be monitored and 
evaluated after it has been used for one year. 


The public raised a number of issues that will 
be addressed including: 
lighting of the underpass and path, 
texture and colour of the interior and 
exterior of the underpass, 
landscaping along the path, 
entrance to the walkway from the street to 
restrict vehicles 


Results of the workshop will be presented at 
the Information Centres. 


Fiona Crescent to Limeridge Road 


A pedestrian overpass will be built at Fiona 
Crescent because the Expressway will be lower 
than the existing ground level in that area. It 
will be wide enough for both pedestrians and 
cyclists. 


Access During Construction 


The two pedestrian walkways will be built in 
1994. Pedestrian access across the Expressway 
land will be maintained during construction for 
these two areas. 


Other pedestrian accesses across the 
Expressway land will be discontinued as the 
mainline of the Expressway is built. 


MARSHALL LIME KILNS 


The remains of two nineteenth century lime 
kilns are located in the vicinity of the proposed 
Upper James Street interchange. A 1989 
assessment of the site recommended that the 
kilns should be excavated since the site would 
be demolished by the interchange construction. 


In 1991 the site was excavated and a report was 
prepared with recommendations for approval by 
the Ministry of Culture and Communications. 
The report did not recommend relocation of the 
kiln because a significant portion of the 
structure is built directly into bedrock. 


In anticipation of construction scheduled for 
1994, the kilns will be dismantled this summer. 
An archaeologist will be present to record 
features that were not visable during the 1991 
excavation. 


Red Hill Creek Expressway 
Progress Report 
is a publication of the 
Regional Municipality of Hamilton - Wentworth 
Special Projects Office 
This office is responsible for the 
administration and management of the 
Red Hill Creek Expressway Project. 
Should you have any comments, suggestions, or 
questions, please contact the 


Roads Department 
Special Projects Office 
25 Main Street West, 10th Floor 
Hamilton, Ontario 
L8P 1H1 
ph. (416) 546-4277 
fax (416) 546-2385 
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E The Expressway road will be built in 
three sections (see construction 
schedule). The road will not be open 


until all three sections are completed. 


The 1993 construction of four overpasses 
(bridges) is complete and all detours and 
road closures have been removed. A total 
of eight overpasses have been built on the 
mountain. 


The purpose of building the Expressway 
road in three sections is to enable trucks 
to drive on the built portion of the 
Expressway to transport rocks and fill 
without having to use the local roads. In 
this way, there will be less disruption to 
the local roads during construction. 


What's left to build and how will it be 
built? 


The Upper James Street and West 5th 
Street overpasses. 

The overpasses will be built first to 
ensure that there is minimal traffic 
disruption while the Expressway is 
constructed. 

Pedestrian crossings will be constructed 
with the associated road section. 

The noise barriers (walls /berms) will be 
built as the road sections are built. 


In the final year, after all of the grading 
and placement of granular base has been 
completed, the entire road will be paved 
and opened. 


The final stages of the road construction 

will include the completion of interchange 
ramps and the closure of Limeridge Road 
at the interchanges. 
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| Blasting will be required for both 1994 

| projects because bedrock is close to the 
surface and the road will be 1 to 3 metres 
below the existing ground level. This 
reduces the grade of the bridges and 
keeps the Expressway somewhat out of 
sight. The rock from the blasting will be 
crushed at a location east of Upper 
Ottawa Street and south of the 
Expressway and used as granular for the 
base of the road. This saves money, 
reduces construction waste and avoids 
the need to have trucks hauling material 
on City streets and Regional roads. 


LANDSCAPE MANAGEMENT PLAN 


The construction of the Mountain section 
of the Expressway will result in the 
removal of trees and other vegetation 
along the entire road length within the 
limits of construction. However, after the 
grading has been completed these areas 
will be landscaped. 


the objectives of the landscape 
management plan are to: 


* control erosion 

* re-establish a natural landscape 
character 
improve the visual quality of the road 
corridor 
preserve stands of trees and shrubs in 
the interchanges, where possible 
provide a low maintenance landscape 
that requires minimal resources in the 
long term 


These objectives are compatible with and 
support the goals set by the Regional 
Task Force on Sustainable Development. 
Low maintenance landscaping on the 
roadway Slopes is energy efficient because 
less equipment and fuel is needed to cut 


grass and it requires fewer pesticides and 
herbicides. It also reduces the 
maintenance budget. One aspect of low 
maintenance landscaping includes 
mowing only the edges of the road. The 
grasses and wildflowers on the slopes of 
the road side will be allowed to grow. This 
approach to landscaping is already being 
used on the escarpment crossings. 


NOISE BARRIER CONSTRUCTION 


In June 1993, the Region held four Public 
Information Centres for the property 
owners who will be affected by noise 
barrier construction. The information 
presented at the centres included a plan 
of the overall noise barrier design, cross 
sections to show the height of the walls 
and berms in various locations and 
computer images using photographs 
(showing noise walls and/or berms in 
some of the properties next to the 
Expressway). 


Computer image of the noise barrier as seen from the 
Expressway. 


The above photo shows the type of 
landscaping that could be planted. Every 
effort will be made to use native shrubs 
and trees. Grasses will only be mowed 
beside the road, not on the slopes. 


A TYPICAL INTERCHANGE 
AT LIMERIDGE ROAD 


Sidewalk SU 
| 
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CONSTRUCTION SCHEDULE 1994 


JAN. FEB. MAR. APR. MAY JUNE JULY AUG. SEPT. OCT. NOV. DEC. 


Upper James Street Overpass 


Fiona Crescent/Limeridge Road Pedestrian Crossing 


Expressway from Upper Wellington Street 
to east of Upper Ottawa Street 


Mud Street from Hwy. #20 
to Paramount Drive 


CONSTRUCTION SCHEDULE 
LS SL ES 


The following is the current schedule for 
construction of the Expressway. The 
completion date has been extended to 
1998 as a result of annual funding 
reductions. 


994 
* Grading, Drainage and Noise Barriers 
¢ Expressway from Upper Wellington 
Street to east of Upper Ottawa Street 
* Upper James Street Bridge 
* Fiona Crescent to Limeridge Road 
pedestrian crossing 
* Mud Street widening and reconstruction 
* Highway # 20 to Paramount Drive 


1995 
* Extension of Stone Church Road to the 
Mohawk/Golf Links Road Interchange 
* Grading, Drainage, Structures, Noise 
Barriers, Paving and Landscaping 
Expressway from Mohawk/Golf Links 
Road to Upper Wellington Street , 
including the West 5th Street Bridge, 
closure of Upper Horning Road and 
construction of the Magnolia Drive/ 
Guildwood Drive pedestrian crossing 
* Grading, Drainage, Structures, Paving 
and Landscaping 
* Dartnall Road Interchange and 
Expressway from east of Upper 
Ottawa Street to Pritchard Road 


996 
* Grading, Drainage and Structures 
* Expressway from Pritchard Road to 
Mud Street 


997 
* Paving 
* Upper Wellington Street to east of 
Upper Ottawa Street, including 
Limeridge Road closure and 
Interchange Ramp Completions 


«) Recycled paper Papier recyclé 


1998 
* Expressway open to traffic 


Note: Most contracts extend over two 
years. The schedule is subject to 
revisions. 


PUBLIC INFORMATION CENTRES 
LLL A I i) 


In 1993, the Region held: 


* one workshop with residents to 
discuss the design of the pedestrian 
crossing between Magnolia Drive and 
Guildwood Drive in February 
three Public Information Centres to 
advise the public of summer 
construction activities in March 
four information centres to advise 
property owners of noise barrier 
construction in June 


The next set of information centres will be 
held prior to the construction season in 
the spring of 1994. 


URBAN/MUNICIPAL 
Ca SR 2OWwe HwWeOr4 © 
ROBES 


Next Public 


Information Centres 


Il Creek Expressway 


Information centres have been 


held over the past few years as an 


opportunity for the public to find 
out more about the construction 


STATUS OF All contracts tendered in 1994 are Arie Red Fill Greek: Ranvedeeat 


proceeding on schedule. The Engineers, planners and 


CONSTRUCTION Fiona/Limeridge Road overpass a whe wok on de 


is now finished. The Upper project are available at these 
James Street overpass is information centres to answer 
expected to be open by questions and explain how the 
December, weather road is being built. In addition, 
permitting. The plans are displayed that show how 
reconstruction of Mud the road has been designed and 
| Street (Paramount Drive the changes that can be expected 
to Highway 20) and the on the Mountain in the future. 

grading of the east section 
The next set of public information 
centres will be held in early 
March prior. to the 1995 
construction season. Work will 


BRB Naeem west section of the 


ountain in 1995. 


of the Expressway (Upper 
Wellington Street to 

Upper Ottawa Street) will 
be completed in mid 1995. 


Fiona Crescent/Limeridge Road 
Pedestrian Crossing 


The grading of the west 
section of the Expressway j\N 9 1995) 

(Upper Wellington Street Landscaping 
to the Mohawk/Golf 
Links Road interchange)ROVERN EN DOCUMENTS for landscaping 
including the West 5th along the Expressway roadsides 
Street overpass and the and at the interchanges includes 
Magnolia/Guildwood native plant species, wildflowers, 


Drive pedestrian crossing, grasses, shrubs, and trees. Along 
Meinine Grating will begin in 1995. the main line of the Expressway 
- Upper Wentworth Street Interchange (between interchanges) it will not 


be possible to save any of the 
existing trees due to the grading 
required for the road. At the 


interchanges and loops where 


Expressway grading from 
Upper Ottawa Street to 
Pritchard Road and 


' construction of the 


grading is not required, it may be 
possible to save some trees and 
vegetation. 


Dartnall Road interchange 
will begin in 1995 and 


continue until 1998 (for 


additional information Landscaping will be done after 
yregarding the construction the grading work is completed. 
schedule, see back page). This should reduce damage 


caused... by: . -construction 


Mud Street Reconstruction 
- Paramount Drive to Hwy. 20 


equipment. 


ENVIRONMENTAL 
ISSUES 


Recycling Trees To 
Help The Harbour! 


Tree clearing contracts have been 
tendered this fall in advance of 
1995 construction, as part of an 
agreement made between the 
Region and the Fish & Wildlife 
Restoration Project of the 
Hamilton Harbour. Trees will be 
used by the restoration project to 
create fish habitat along the 
shoreline of the harbour. For more 
information on this project, contact 


John Hall or Mark Simpson at 
(905) 521-9334. 


Wetlands And 
The Expressway 


These sReeion- “-and’ “4heit 
consultants, Philips Planning & 
Engineering Ltd., J. Dougan & 
Associates, “and -.C.- Portt’: & 
Associates are working with the 
Ministry of Natural Resources, 
the Hamilton Region 
Conservation Authority and 
the Federal Depattment — of 


Fisheries S¢ (Oceans to’ create. 


wetlands in the interchange 
loops north of Dartnall Road 
and Stone Church Road. 


Steps will be taken to minimize 


impacts on the Red Hill Creek 


m (this atea by using less 


concrete and more vegetation. 
This technique is called 

and uses” a 
variety of natural materials to 
manage and improve the creek. 


“ * beh . » 
Bio-engineering 


Results such as streambank 
stabilization, erosion control 
and improved water quality can 
be achieved. 


This year 8 km of noise barriers 
NOISE BARRIERS have been constructed including 


a combination of noise walls, 
fences and berms (earth mounds), 


Where walls are not 
necessary, chain link 
fences have been installed 
on top of berms. Chain 
link fences will mot be 
replaced with walls. 


Noise walls and fences 
(permanent and 

temporary) 
installed in the first stage 


have been 


Noise Wall Construction at 
Upper Ottawa Street Overpass 


of construction to reduce 
noise levels during the remaining part of construction. This also 
keeps people out of the construction areas for safety reasons. 


Letters have been sent to property owners and residents, advising 
them of work that will be done on noise barrier easements in 1995. 
Property owners are required to remove all structures (sheds, 

pools, etc.) prior to construction. If not, the Region will remove 
them at a cost to the property owner. Letters will also be sent in & 


sa 1995 and Seer two Pegs Beh to construction. 


UPDATE: 
Marshall Lime Kilns 


In June, archaeologists and 
heritage conservation 
consultants (Archaeological 
Services Inc.) unearthed the 
Marshall Lime Kilns at the site 
of the Upper James Street 
interchange. The stones from 
the main draw arch have been 
salvaged and stored for their 
eventual reconstruction in the 
area behind the interchange. A 
second, smaller kiln was 


exposed and recorded as well. 


Excavation Of The Main Draw Arch 


On March 2, 1994 the Provinc 
UPDATE: foe nalts A al tie Seek OAT 
of Ontario presented an alternate 


Status of North-South proposal to construct the north- 


Stone Church Road 


Extension 


Expressway south portion of the Red Hill Upper Horning Road is 
@) Creek Expressway. This would scheduled to be closed at the 
connect the east-west section to the Q.E.W. However, the Red Hill Creek Expressway. A 
Provincial proposal was very different from the previously study, initiated in 1992, located 
approved north-south link. | an alternate route for traffic in 
that area. The study examined 
The Region carried out an assessment of this proposal and a number of routes to extend 


Stone Church Road westerly 
to connect with the Mohawk / 
Golf Links Road interchange. 
Each route was evaluated for 


responded to the Province. The Region concluded that the best 
location for the north-south expressway link is within the Red Hill 
Creek Valley. However, as a result of this assessment, the Region 


recognizes that a number of Provincial objectives and issues raised ce 
its impact on a number of 


features including natural 
environment, the adjacent 


by the public are reasonable and achievable. These include: 


¢ a basic four lane facility with a truck climbing lane community and proposed land 

¢ shifting the proposed roadway to the east at Brampton Street uses in the Meadowlands. 

¢ reducing the design speed to 90 km/h from 100 km/h 

¢ retaining the existing Mt. Albion Road as a pedestrian/bicycle The Minister of Environment 
trail and as a hydro service road has approved the project. The 


Region will begin 
preconstruction work such as 
archaeology, landscaping and 


* restoring the Red Hill Creek water course using 
i¢¢ . . . »” . a 
Bio-engineering” and natural channel design techniques 
e constructing viaducts on the mainline and on the interchange 


geotechnical planning this fall. 


ramps to accommodate enhanced wildlife and pedestrian 
linkages throughout the valley 


Construction on the new road 
is expected to begin in the 

On July 19, 1994 Regional Council endorsed an alternative that spring of 1995. 
includes the above features (Alternative C2) as a basis for on-going : 


discussions with the Province of Ontario. The Region is now 


awaiting the Provincial response. Red Hill Creek Expressway 
Progress Report Number 9 
: At the last information Centre, the is a publication of the 
UPDATE: : City of Hamilton, Parks Division Revional Municipality of 
Park Corridor presented a plan for the park ' Hamilton-Wentworth 
; corridor, south of the Expressway Special Projects Office 
between Upper Wentworth Street and Upper Ottawa Street. They If you have any comments, 


received favourable suggestions, or questions, 


comments from the public please contact the 
and intend to continue with 


the park design. The Region 


is currently grading the site 


Roads Department 
Special Projects Office 
25 Main Street West, 10th 


Floor 


and laying down the 
walkway. The City will 
er the site. For more 
formation contact Werner L8P 1H1 
Plessl, Coordinator, Parks ph. (905) 546-4277 


Development at ce : fax (905) 546-2385 
(905) 546-2465. The Park Corridor Starts To Take Shape 


Hamilton, Ontario 


CONSTRUCTION 


SCHEDULE 


1994 


e Expressway Grading 
Upper Wellington Street 
to Upper Ottawa Street 


° Mud Street Widening 


and Reconstruction 


° Fiona/Limeridge Road 
Pedestrian Crossing 


Upper James Street 


Overpass 


Ga 
G A Recyclable 


Time 


| 1995 


¢ Extension of Stone Church Road 
to Golf Links Road Interchange 


| 


1996 


Frame 


1997 


° Expressway Grading 
Mohawk/Golf Links Road Interchange 
to Upper Wellington Street 
¢ Magnolia/Guildwood Drive 
Pedestrian Crossing 
¢ West 5th Street Overpass 


° Expressway Grading 
Pritchard Road to Mud Street 


ee ee ee 


¢ Dartnall Road Interchange 
° Expressway Grading 
Upper Ottawa Street to Pritchard Road 


ae Completed 
oy ae Future Work 


Note: Most contracts extend over two years. 
This schedule is subject to revisions. 


1998 


The Red Hill Creek Expressway Project 
mw PROGRESS REPORT 


SS Number 8 


URBAN/MUNICTPAL 


CAZON HW @40 


R23 
wed AGG ide 
information on the construction of the 
Expressway and to present a concept plan 
for the development of a park corridor 
adjacent to the Expressway. (see back page) 


Monday March 7, 1994 

6:30 p.m. - 8:30 p.m. 

Lincoln Alexander School 

50 Ravenbury Drive, Hamilton 


Tuesday March 8, 1994 
6:30 p.m. - 8:30 p.m. 


Cardinal Heights School ¢ Construction schedule for the entire Mountain section of 
70 Bobolink Road, Hamilton Expressway (1995 - 1998) 

¢ Plans for a Pedestrian Crossing between Fiona Crescent 
Wednesday March 9, 1994 and Limeridge Road 
6:30 p.m. - 8:30 p.m. * Detailed information on noise barriers including cross 
St. Jerome's Separate School sections, type and height of barriers on a plan and 
188 Limeridge Road West, Hamilton computer generated photographs 


Concept plan for the Park Corridor adjacent to the 
Expressway including a tree planting programme 
Displays will show : 
Staff will be available to answer questions. The public is 
¢ Construction schedule and detailed road —_ encouraged to fill out comment sheets and leave them with 
plans for 1994 projects staff. 


Construction Schedule 1994 


This year will include the beginning of work —_ construction noise and dust for adjacent residents. 
on the Expressway mainline between Upper 
Wellington Street and east of Upper Ottawa Hours of Operation and Construction Noise 
Street. 
Construction hours of operation, and noise levels will 


Staging of Construction comply with the requirements of the City of Hamilton noise 

bylaw. Council has approved that noise levels for the entire 
Noise berms and walls, where possible, will project will be monitored on a regular basis by the Noise 
be built and installed at the beginning of Control Division of the Public Works Department. 


construction. This will reduce the 


peol 
BUT)SIXS 94) JO OpIs YOU 9y} UO SUTUSPIM puke UOT}ONNSUODAI 
SATOAUT [[IM pue A[NE UT UTddq 0} po}dodxo st yoofoid sty, 
UONINAJSUOIAaY puv Suiuap1y Jaad1y pnw 


SLR EEL AEE LE ACE 


suoyajduos duvy 
aSUuDYI4IJUT ‘AANSOJI poOY aspisaunT 
Jaaygs puny 4addp fo jsva 0} Jaa.45 
uojsunjay daddy - Suiang Apussasdxq 


jaa.4jg pny oO} 
pooy pavyopisg - Apmssasdxq 


povoy pévyrpidd 0} 120415 vMvygQ 4addyQ 
- Apussasdxq ‘adunyr4ajuy pooy jjoujvog 


duissodo uvidjsapad 


aa] poompyinyjoyousnyy 
‘Q4nsoj2 pvoy suiusoyY saddy ‘ssvdsaag¢y 


Jaad§ YIG ISayy JaasG uojsuyjay 4addyp 
0] pooy syurT fooyympyoyy - Avmssasdxq 


asupyr4ajuy pooy syurT frooyymnyoyy 
ay] Of uoIsuajxY pvoYy YyoinyD auojs 


8661 L661 9661 £661 


WOIIN.AISUO) S66I - SO6I 


‘SIS UOTONI}SUOD dy} puNoIe poprAoid 9q [IIA INOJop ueL}saped Are1oduia} WY « 
‘une AyJed UI UTZdq 0} po}dadxa si yOofoid sty, 
SBUISSOLD UDIASAPAd PVOY aspiuaunrTuassady Duo 


"YorRy] JO pud ay} Aq pojazduroo aq pynoys YIOA\ SIU, ‘/peoy ospuowIT 

ye APALIOPUN MOU JIe STUNT] ABAISSOIdX| DY} JO apis}no suoneoojas AINA 

‘Opts JSPd dy} UO SUONBOOTAI AJIPNN pue urTeULID}BAA SapnypouT yoolosd sty 

‘OpIs }SOM OU} 

UO d}IS UOT|ONSUOD dy} puNore poprAold aq [LAA INOJOp URLSaped pue JepNoTYysA Y 
"YOIRJ] 1K] UI UTSdq 0} payoadxa st JOafoid sm L 


sspdiaaQ Jaa.4yg sawuoe saddyQ 


"JOoNS BALeNC Joddy 
JO ysea 0} JOONS uOuUTT]a\ JoddqQ Ajayewrtxoidde woy Aeassoidxq oy} 
JO OUITUTeW SY) BuOTe SJd1IIeQ ISIOU pu dseUTLIP ‘SuIpeId IpNOUT [IAA YOM OY L 
‘Tudy Aiea 10 yoreyy Ie] UT UIZ9Q 0} payoodxa st yOafoid sy L 
Suiposy Avmssasdxq 


OAT AON | LOO ~iddS’ DAY) ATE HNO ~ AVIV “dd. 


WOIjInA}SUO.) FOOT 


sajnpoyIs uoWdN.A}SU0D 


Blasting 


Bedrock is close to the surface along the 
Expressway corridor and the road will be 
lower than the existing 
ground level in most 
locations. This means 
that blasting will be 
required during the 
construction season. 
Previous blasting 
activity on the 
Expressway has been 
well within the 
accepted tolerance 
levels. Monitoring and 
inspection levels will 
be maintained for this 
contract. 


photo by Parker Consultants 


The Region's contractor will conduct a 
pre-blast survey of residential units. The 
seismic and inspection specialist will be 
requesting access to property to carry out 
this survey. Claims for damage cannot be 
substantiated if the contractor is unable 
to do a pre-blast survey on that property. 


Therefore, your cooperation in the survey is important. The 
survey will be done for the first row of houses (including 
structu 


UT 


res such as pools, sheds and 


walkways) adjacent to 


the blasting area. 


Rock Crushin 


Approximately 
150,000 m? of rock is 
expected to be 
excavated as part of 
the Expressway 
grading contract for 
1994. Rock crushing 
equipment will be set 
up near the 
construction site. 


Trucks will be using the Expressway land to access the 
crushing site instead of using local and Regional roads to 
haul rock and aggregates. 


Siting the rock crushing equipment on adjacent land will 
avoid traffic congestion and road deterioration. It will save 
approximately $3 million in trucking costs by allowing the 


rock to be re-used on the site. 


are se 


photo by Archaeological Services Inc. 


The Marshall Lime Kilns near Upper James Street previously scheduled to be demolished in 1993 will be dismantled in the 
spring of 1994 when dry weather permits. The stones will be numbered and placed in storage so that, at some time in the 
future, they can be used in the construction of a commemoration to the lime kilns that operated at the site in the early part of 
this century. The Special Projects Office has been working with the Plaquing Sub-Committee (a joint committee of the 
Hamilton Historical Board and the Local Architectural and Conservation Advisory Committee) and the Planning 


Department to ensure that the stones are salvaged. 


Park Corridor 


The City of Hamilton, Department of Public 
Works, Parks Division has been working 
with the Special Projects Office to 
coordinate the development of the Park 
Corridor south of the Expressway with the 
construction planned for 1994 and 1995. 


The Park Corridor will be connected to the 
proposed T.B. McQueston Park in the west 
and will end at Upper Ottawa Street in the 
east. The surplus earth from the Expressway 


Red Hill Creek Expressway 
Progress Report 
is a publication of the 
Regional Municipality of 

Hamilton-Wentworth 
Special Projects Office 

If you have any comments, 

suggestions, or 
questions, please contact the 


Roads Department 
Special Projects Office 
25 Main Street West, 10th Floor 
Hamilton, Ontario 
L8P 1H1 
ph. (905) 546-4277 
fax (905) 546-2385 


UPPER OTTAWA ST TT 


PROPOSED PARK CORRIDOR 


will be used to build landscape features on the Park 
Corridor. 


The Region will place and contour the fill, construct a 

pathway, and plant grasses to establish vegetation on the 
site and prevent erosion (1994/1995). The Parks Division 
will follow this work with a tree planting programme that 


will be phased over five years. 


Park staff will attend the information centres to explain the 
concept plan and receive comments on the plan. 


Closure of Upper Horning Road 


Upper Horning Road is scheduled to be closed in 1995 prior 
to the Expressway construction in that area. The Region is 
finalizing the envircnmental assessment for a replacement 
road to be located west of Upper Horning Road. A report 
describing the new road and its impacts will be made 
available in early April for a 30 day public review. The 
public in the area will be notified by mail of the review 
period. The general public will be notified through 
newspapers. 


The environmental assessment has resulted in the 
designation of a provincially significant wetland, the 
identification of archaeological sites and regionally rare 
plants. The preferred road location avoids most of these 
areas and minimizes impacts. The study also included public 
consultation through information centres and meetings. 
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